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SUMMARY  PROJECT  LIST 

MAJOR  MILITARY  CONSTRUCTION  ARMY  NATIONAL  GUARD 

FISCAL  YEAR  1995 
(DOLLARS  IN  THOUSANDS) 


DD  FORMS 


STATE 

INSTALLATION  AND  PROJECT 

AUTH 

AMOUNT 

APPROP 

AMOUNT 

1391 

PAGE 

INSIDE  THE  UNITED 

STATES 

FLORIDA 

CAMP  BLANDING  (STARKE) 

WASTE  WATER  TREATMENT 

PLANT  COMPLIANCE 

REPAIRS,  PHASE  I 

STATE  TOTAL 

2.083 

2,083 

2.083 

2,083 

3 

VARIOUS 

VARIOUS /WORLDWIDE  LOCATIONS 

ARMORY  UNIT  STORAGE  BUILDINGS  840 
INDOOR  RANGE  MODERNIZATION  839 

840 

839 

5 

6 

STATE  TOTAL 

1,679 

1,679 

TOTAL  WITHIN  THE  UNITED  STATES 

3,762 

3,762 

• 

TOTAL  MAJOR 

CONSTRUCTION 

3,762 

3,762 

SUPPORT : 

PLANNING  AND  DESIGN 

MINOR  CONSTRUCTION 

1,000 

5.167 

1,000 

5.167 

7 

8 

SUPPORT  TOTAL 

6,167 

6,167 

GRAND  TOTAL 

AUTHORIZATION/APPROPRIATIONS 

9,929 

9,929 

1 


NEW  MISSION  /  CURRENT  MISSION 
FISCAL  YEAR  1995 


Location 


Project 


Cost 

($000) 


Camp  Blanding 
(Starke) ,  FL 


Waste  Water  Treatment  2,083 

Plant  Compliance 
Repairs,  Phase  I 


Recapitulation : 

Total  Current  Mission 

Total  Various  Locations  (Armory  Unit  Storage  Buildings) 
Total  Various  Locations  (Indoor  Range  Modernization) 
Total  Planning  &  Design 
Total  Minor  Construction 

Grand  Total 


1 


New/ 

Current 


C 


2,083 

840 

839 

1,000 

5.167 

9,929 
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DEPARTMENT  OF  THE  ARMY 


JUSTIFICATION  OF  ESTIMATES  FOR  1995 


APPROPRIATION  LANGUAGE 


MILITARY  CONSTRUCTION,  ARMY  NATIONAL  GUARD 


For  construction,  acquisition,  expansion,  rehabilitation, 
and  conversion  of  facilities  for  the  training  and  administration 
of  the  Army  National  Guard,  as  authorized  by  Chapter  133  of  Title 
10,  United  States  Code,  as  amended,  and  the  Reserve  Forces 
Facilities  Act  $9,929,000  ($302,719,000)  to  remain  available 
xintil  30  September  1999  (30  September  1998)  . 


Mi  I  .  Con.  ,  Army  N^^ional  Guard 
Program  and  Financing  (in  Thousands  of  dollars)  SUMMARV 
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Army  National  Guard 


SPECIAL  PROGRAM  CONSIDERATIONS 


POLLUTION  ABATEMENT;  The  military  construction  projects  proposed 
in  the  program  will  be  designed  to  meet  environmental  standards. 
Military  construction  projects  proposed  primarily  for  abatement 
of  existing  pollution  programs  at  installations  have  been 
reviewed  to  ensure  that  corrective  design  is  accomplished  in 
accordance  with  specific  standards  and  criteria. 

ENERGY  CONSERVATION ;  Military  construction  projects  specifically 
for  energy  conservation  at  installations  have  been  developed, 
reviewed,  and  selected  with  prioritization  by  energy  savings  per 
investment  cost.  Projects  include  improvements  to  existing 
facilities  and  utility  systems  to  upgrade  design,  eliminate 
waste,  and  install  energy  savings  devices.  Projects  are  designed 
for  minimum  energy  cons\imption. 

FLOOD  PLAIN  MANAGEMENT  AND  WETLANDS  PROTECTION;  Proposed  land 
acquisition,  disposition,  and  installation  construction  projects 
have  been  planned  to  allow  the  proper  management  of  flood  plains 
and  the  protection  of  wetlands  by  avoiding  long  and  short-term 
adverse  impacts,  reducing  the  risk  of  flooding  losses,  and 
minimizing  the  loss  or  degradation  of  wetlands.  Project  planning 
is  in  accordance  with  the  requirements  of  Executive  Order  No. 
11988  and  11990. 

DESIGN  FOR  ACCESSIBILITY  OF  PHYSICALLY  HANDICAPPED  PERSONNEL; 

In  accordance  with  Public  Law  90-480,  provisions  for  physically 
handicapped  personnel  will  be  provided  for,  where  appropriate,  in 
the  design  of  facilities  included  in  this  program. 

PRESERVATION  OF  HISTORICAL  SITES  AND  STRUCTURES;  Facilities 
included  in  this  program  do  not  directly  or  indirectly  affect  a 
district,  site,  building,  structure,  object,  or  setting  listed  in 
the  National  Register  of  Historic  Places  except  as  noted  on  DD 
Form  1391. 

USE  OF  EXCESS  SCHOOLS  AND  OTHER  BUILDINGS;  Considerations  were 
made  to  utilize  available  commercial  or  academic  buildings  but 
none  were  foxind  suitable. 

ENVIRONMENTAL  PROTECTION;  In  accordance  with  Section  102(2) (c) 
of  the  National  Environmental  Policy  Act  of  1969  (PL  91-190),  the 
environmental  impact  analysis  process  has  been  completed  or  is 
actively  underway  for  all  projects  in  the  Military  Construction 
Program. 

NON-MILCON  CONSTRUCTION;  $90.0  Million  in  the  FY  95  ARNG  Real 
Property  Operations  and  Maintenance  program  will  maintain  39.6 
Million  SF  in  16,000  logistical  support  buildings.  Furthermore, 
it  supports  278  training  sites,  6,200  buildings  totaling  30.5 
Million  SF  in  the  54  States,  Territories  and  Commonwealths  used 
by  the  ARNG,  and  other  DOD  component  forces.  The  funding  is 
dedicated  to  Annual  Recurring  Req[uirements  of  $52.5  Million  and 
routine  or  emergency  maintenance  and  repair  projects  of  approxi¬ 
mately  $37.5  Million.  No  funding  is  dedicated  to  the  containment 
and  reduction  of  Backlog  of  Maintenance  and  Repair  (BMAR) .  BMAR 
will  grow  from  $170.8  Million  in  FY  94  to  a  projected  $230.9 
Million  in  FY  95. 


VI 


LONG-TERM  FACILITIES  CONTRACTS;  The  National  Guard  does  not  have 
any  long-term  facilities  contracts. 

CONSTRUCTION  CRITERIA;  Unless  otherwise  noted,  the  projects 
comply  with  the  scope  and  design  criteria  prescribed  in  Part  II 
of  Military  Handbook  1190,  "Facility  Planning  and  Design  Guide." 
AREA  COST  FACTOR ;  Area  Cost  Factor  (ACF)  indexes  displayed  for 
each  appropriate  area  were  developed  from  State  and  historical 
construction  cost  records  and  may  not  directly  collate  with 
specific  cost  factors  developed  by  the  U.S.  Army  Corps  of 
Engineer  for  Service -wide  use. 

ECONOMIC  ANALYSIS;  Economics  are  an  inherent  aspect  of  project 
development  and  design  of  military  construction  projects. 
Therefore,  all  projects  included  in  this  program  represent  the 
most  economical  use  of  resources. 

RESERVE  MANPOWER  POTENTIAL:  The  Reserve  manpower  potential  to 
meet  and  maintain  authorized  strengths  of  all  Reserve  units  in 
the  areas  where  units  are  to  be  located  has  been  reviewed  in 
accordance  with  the  procedures  described  in  DoD  Directive  1225.7. 
It  has  been  determined,  in  coordination  with  the  other  Military 
Departments  having  Reserve  \inits  in  the  area,  that  the  niimber  of 
Reserve  Components  presently  located  in  the  area,  and  those  units 
having  been  allocated  to  this  area  for  future  activation,  is  not 
and  shall  not  be  larger  than  the  number  that  reasonably  may  be 
maintained  at  authorized  strength. 

RESOLUTION  TRUST  CORPORATION  PROPERTY i  Requested  construction 
projects  have  been  reviewed,  consistent  to  the  Senate  Armed 
Services  Committee  Report  on  the  National  Defense  Authorization 
Act  for  FY  1991,  for  cost  effective  utilization  of  properties  to 
be  disposed  of  by  the  Resolution  Trust  Corporation  (Trust)  .  It 
was  determined  that  the  requested  projects  corrects  Occupational 
Health  and  Safety  or  environmental  noncompliance  requirements  not 
amenable  to  the  types  of  facilities  available  through  the 
Resolution  Trust  Corporation. 
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1  CO*«^DN€NT 


3.  INSTALLATION  ANO  LOCATION 
CAMP  BLANDINO  (STARKS),  FLORIDA 


5.  FREQUENCY  ANO  TYPE  UTILIZATION 


FY  i»9S  QUARO  ANO  RESERVE 
MILITARY  CONSTRUCTION 


a  date 

FEB  1994 


4  AREA  CONSTR 
CC«T  INDEX 


UTILIZED  365  DAYS  A  YEAR. 


6.  OTHER  ACTIVE/QUARO/RESERVE  INSTALLATIONS  WITHIN  IS  MILE  RADIUS 
ARNO:  STARKE  (13  MILES)  ARHOfi 


STARKE 

(13  MILES) 

ARMORY 

17,480 

SF 

1967 

JACKSONVILLE 

(34  MILES) 

ARMORY 

14,806 

SF 

1958 

JACKSONVILLE 

(38  MILES) 

ARMORY 

33,995 

SF 

1973 

GAINESVILLE 

(26  MILES) 

ARMORY 

26,150 

SF 

1960 

7.  PROJECTS  REQUESTED  IN  THIS  PROGRAM 


CATEGORY 

CODE 


PROJECT  TITLE 

WASTE  WATER 
TREATMENT  PLANT 
COMPLIANCE 
REPAIRS,  PH  I 


COST  DESIGN  STATUS 

($000)  START  COMPLETE 


$2,083  07/92 


07/94 


8.  STATE  RESERVE  FORCES  FACILITIES  BOARD  RECOMMENDATION 
NONE 


19  Nov  93 
f04f») 


9.  LAND  ACQUISITION  REQUIREO 
NONE 


10.  PROJECTS  PLANNED  IN  NEXT  FOUR  YEARS 
NONE 


(Numbar  of  AcrasI 


"SITE  SURVEY  HAS  BEEN  COMPLETED  AND  SITE  IS  SUITABLE  FOR  CONSTRUCTING 
THE  PROPOSED  PROJECT  AT  THE  ESTIMATED  COST  INDICATED" 


DO  Form  1390S/1,  MAY  78 


120/215 


Pag«  1  of  2 


1 


t.  COMPOCNT 


2.  DATE 


FY  1995  QUARO  AND  RESERVE 
MILITARY  CONSTRUCTION 


FEB  1994 


3.  INSTALLAnON  AMDlOCA^uN 


CAMP  BLANDING  (STARKE),  FLORIDA 


n.  PERSONNEL  STHENOTM  AS  OF  1  AUG  93 


PEMMNENT 
OFFICCT  ENLISTEO 


QUARD/RESERVE 

TOTAL  OFFICER  ENLISTED 


AUTHORIZE 


ACTUAL 


1X0^3  JL  .3Q0  _±£U493 
1QA..2fl7  X.270  9  .637 


12.  RESERVE  UMT  DATA 


STRENQTH 


UMT  OESKSNATION 

ALL  FLORIDA  ARMY  NATIONAL  GUARD 


AUTHOnZEO 

11,793 


10,907 


14.  OUTSTANOINQ  POLLIXnON  AND  SAFETY  OEFICIENaeS 


(1000) 


A.  AIR  POLLUTION 


NONE 


B.  WATER  POLLUTION 


C.  OCCUPATIONAL  SAFETY  AND  HEALTH 


NONE 


DD  Form  1 390S/2,  MAY  78  replaces  do  form  nsos.  dec  za  which  is  obsolete 
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Pag*  2  of  2 


1  COMPONENT 


2  DATE 


FY  19»5  MILITARY  CONSTRUCTION  PROJECT  DATA  p£g 


3.  INSTALLATION  AND  LOCATION 

CAMP  BLANDINO  (STARKE) ,  FLORIDA 


&  pnOORAM  ELEMENT 


0505896A 


6.  CATEOORV  CODE 

7  PROJECT  NUMBER 

171 

120131 

4  PROJECT  TITLE 

WASTE  WATER  TREATMENT  PLANT 
COMPLIANCE  REPAIRS,  PH  I 


S  PROJECT  COST  ($ooej 
2,083 


9  COST  ESTIMATES 


U/M  QUANTITY  UMT  COST 


PRIMARY  FACILITY . 

INF  I LTRAT  ION/ INFLOW/DECHLOR I  NAT  lONFAC  I L I TY 

TV/CLEANING  TRUNK  LINES .  LS 

REPAIR  POINTS .  EA 

SLIPLINING  PIPES .  FT 

CLEAR  SEWER  RIGHT-OF-WAY  OP  ROOTS/GROWTH.  FT 

SUPPORTING  FACILITIES . 

AUX ILLARY  EQUIPMENT  POWER  GENERATOR .  LS 

FLOW  PROPORTION  CHLORINATOR/RECORDER .  LS 

MONITORING  EQUIPMENT .  LS 

AUTOMATED  INTERRUPT  INTERFACE .  LS 

SUBTOTAL . 

CONTINGENCY  (5%) . 

SUPERVISION,  INSP  &  OVERHEAD  (1.4%) . 

TOTAL  REQUEST . 

EQUIP  PROVIDED  FROM  OTHER  APPR  . NON  ADD 


15 

40000 

50000 


7000.00 

30.00 

4.00 


1,  785 

(  280) 
(  105) 

(1,200) 
{  200) 
172 

(  ^6) 
(  17) 

(  3) 

{  116) 


1,957 
98 
28 
2,083 
(  0) 


10.  DESCRIPTION  OF  PfXJPOSEO  CONSTRUCTION 

Construction  of  a  dechlorination  facility,  rehabilitation  of  primary  sewer 
lines  with  inf iltration/inf low  problems,  bloc)cing  unused  sewer  lines,  and 
provide  auxillary/bac)cup  equipment  for  plant  operation. 

Air  Conditioning:  NONE _ 


11.  REQUIREMENT:  0  SF  ADEQUATE:  0  SF  SUBSTANDARD:  0  SF 

PROJECT ;  Proposed  construction  will  eliminate  a  chlorine  residue 
problem,  eliminate  inf iltration/inf low  of  the  sewer  lines  which  is  grossly 
overloading  the  system  with  ground  water,  and  will  provide  auxiliary 
operations  in  case  of  power  failure.  (Current  Mission) 

REQUIREMENT:  Rehabilitation  is  required  to  correct  problem  areas  in  the 
operation  of  the  plant  and  supply  system  identified  by  the  recently 
conducted  Bnviromental  Conpliance  Assessment  Survey. 

CURRENT  SITUATION:  The  waste  water  treatment  plant  at  Camp  Blanding  was 
constructed  in  1940  in  support  of  a  basic  training  operation  for  the  World 
War  II  effort.  The  system  is  over  fifty  years  old  and,  while  operating  at 
far  less  than  capacity,  suffers  from  the  failure  to  adhere  to  current 
Department  of  Environmental  Regulation  requirements.  The  major  problem 
areas  are  lac)t  of  dechlorination,  water  intrusion  of  the  system  through 
multiple  brea)cs  and  fractures  of  the  sewer  supply  lines,  and  total  lac)c  of 
a  backup/auxillary  power  source  to  maintain  operations  in  case  of  power 
failure . 

IMPACT  IF  NOT  PROVIDED:  The  Florida  National  Guard  is  liable  for 
noncompliance,  could  be  subject  to  a  Notice  of  Violation  and  be  forced  to 
shut  down  all  operations  immediately. 
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1.  COMPONENT 

ARNG 

FY  1995  MILITARY  CONSTRUCTION  PROJECT  DATA 

2  DATE 

FEB  1994 

3.  INSTALLATION  ANO  LOCATION 

CAMP  BLANDING  (STARKE) ,  FLORIDA 

4.  PROJECT  TITLE 

WASTE  WATER  TREATMENT  PLANT 

COMPLIANCE  REPAIRS,  PH  I 

5.  PROJECT  NUMBER 

120131 

12.  SUPPLEMENTAL  DATA: 


a.  ESTIMATED  DESIGN  DATA: 


(1)  STATUS: 

(a)  Date  Design  Started .  07/92 

(b)  Percent  complete  as  of  1  Jaunuary  1994 ....  65% 

(c)  Date  Design  Expected  to  be  35%  Complete. .  10/93 

(d)  Date  Design  Completed .  07/94 

(2)  BASIS: 

(a)  Standard  or  Definitive  Design  -  Yes  _ ^  No  X 

(b)  Where  was  Design  Previously  Used?  N/A 

(3)  COST  (TOTAL)  (c)  =  {a)+(b)  or  (d)+(e):  ($000) 

(a)  Production  of  Plans  and  Specifications...  (  0  ) 

(b)  All  Other  Design  Costs .  (  0  ) 

(c)  Total .  (  66  ) 

(d)  Contract .  (  86  ) 

(e)  In-House .  (  0  ) 

(4)  CONSTRUCTION  START .  1/95 


b.  Equipment  associated  with  this  project  which  will  be  provided 
from  other  appropriations: 

Fiscal  Year 

Equipment  Procuring  Appropriated  Cost 

Nomenclature  Appropriation  or  Requested  ($000) 

NONE 
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V  COMPONENT 


FY  1995  MILITARY  CONSTRUCTION  PROJECT  DATA  p£g 


3.  installation  and  location 

EXISTING  ARMORIES  IN  VARIOUS  STATES 


S  PROGRAM  ELEMENT 


0505896A 


6,  CATEGORY  CODE 

7.  PROJECT  NUMBER 

171 

999913 

4.  PROJECT  TITLE 

ARMORY  UNIT  STORAGE  BUILDINGS 


8.  PROJECT  COST  (JOOO) 


9.  COST  ESTIMATES 


U/M  QUANTITY  UNIT  COST 


PRIMARY  FACILITY . 

STORAGE  BUILDING .  LS 

SUPPORTING  FACILITIES . 

SITE  PREPARATION .  LS 

FENCING .  LS 

SECURITY  LIGHTING .  LS 

SUBTOTAL . 

CONTINGENCY  (5%) . 

SUPERVISION,  INSP  &  OVERHEAD  (2.0%) . 

TOTAL  REQUEST . 

EQUIP  PROVIDED  FROM  OTHER  FED  APPR. .NON  ADD 


664 
(  664) 
120 
(  60) 
(  35) 

(_25) 
784 
40 
16 
840 
0) 


10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

An  unheated  pre -engineered  metal,  pre-cast  or  masonry  building  on  a 
concrete  slab  foundation  with  minimal  lighting  and  electrical  outlets,  and 
gravity  ventilation.  Support  facilities  for  this  type  building  include 
security  lighting  and  security  fencing. 

Air  Conditionine :  NONE 


11.  REQUIREMENT:  N/A  ADEQUATE;  N/A  SUBSTANDARD:  N/A 

PROJECT :  The  various  States  have  identified  a  shortage  in  armory  unit 
storage,  estimated  at  $6.1  million  for  50  buildings  of  various  sizes  and 
capacities.  These  buildings,  with  minimal  support  features,  will  be 
constructed  adjacent  to  existing  armories.  This  is  a  multi-year  program, 
with  this  phase  acquiring  approximately  8  storage  buildings  for  various 
locations  throughout  the  country. 

REQUIREMENT :  These  facilities  are  required  to  supplement  the  existing 
Inadequate  supply  rooms  at  armories  where  Increases  in  mission  has 
outstripped  all  storage  capabilities. 

CURRENT  SITUATION:  Most  armories  do  not  have  adequate  space  within  the 
existing  building  to  store  and  safeguard  the  equipment  issued  current 
Authorized  Level  of  Organization  (ALO)  for  mobilization. 

IMPACT  IF  NOT  PROVIDED:  Increased  amounts  of  authorized  supplies  and 
equipment  must  be  safeguarded  and  be  reasonably  secure  from  the  elements. 
Other  training  and  administrative  space  will  be  converted  into  secure 
storage  space  with  the  adverse  effects  on  the  unit's  training  and 
readiness  mission. 
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1.  COMPONENT 


FY  1995  MILITARY  CONSTRUCTION  PROJECT  DATA  FEB  1994 


3.  INSTALLATION  AND  LOCATION 

EXISTING  ARMORIES  IN  VARIOUS  STATES 


4.  PROJECT  TITLE 

INDOOR  RANGE  MODERNIZATION 


5.  PROGRAM  ELEMENT 


0505896A 


6.  CATEGORY  CODE 

7.  PROJECT  NUMBER 

179 

999914 

8.  PROJECT  COST  ($000) 


9.  COST  ESTIMATES 


U/M  QUANTITY  UNIT  COST 


PRIMARY  FACILITY . 

INDOOR  RANGES .  LS 

SUPPORTING  FACILITIES . 

SITE  PREPARATION .  LS 

SUBTOTAL . 

CONTINGENCY  (5%) . 

SUPERVISION,  INSPECTION  &  OVERHEAD .. (2 . 00%) . 

TOTAL  REQUEST . 

EQUIP  PROVIDED  FROM  OTHER  FED  APPR. .NON  ADD. 


10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

Correct  environmental  conditions ,  remove  hazardous  lead  particles 
contamination  at  armory  indoor  rifle  ranges,  install  ventilation  systems, 
air  exhaust  systems,  adequate  bullet  traps  and  acoustical  treatment. 
Construct  new  ranges  if  necessary  with  these  same  features. 

Air  Conditioning:  None 


11.  REQUIREMENT:  1  ADEQUATE:  N/A  SUBSTANDARD:  N/A 

PROJECT :  Modernize  or  replacement  of  closed  indoor  rifle  ranges  are 
required  for  small  arras  and  marksmanship  training  for  members  of  reserve 
components  assigned  at  various  locations  throughout  the  country.  This  is 
a  multi  year  program  to  correct  the  deficiencies  which  have  closed  indoor 
ranges  at  100  armories.  If  range  modernization  is  not  cost  effective, 
replacement  indoor  ranges  will  be  constructed.  Approximately  8  closed 
ranges  will  be  corrected  during  this  phase  of  the  program. 

REQUIREMENT :  The  States  have  identified  indoor  ranges  that  are  closed 
or  severely  curtailed  because  of  hazardous  amounts  of  airborne  lead  and 
lead  oxide  particles,  lack  of  ventilation,  inadequate  acoustics  and  other 
health  and  safety  problems.  Return  of  these  ranges  to  functional  training 
use  is  required  to  acquire  necessary  individual  weapons  and  marksmanship 
training  by  assigned  Array  National  Guard  units  during  periods  of  inactive 
duty  training. 

CURRENT  SITUATION  The  indoor  ranges  are  closed,  limited,  or  severely 
restricted  because  of  health  risk  to  military  personnel. 

IMPACT  IF  NOT  PROVIDED  The  lack  of  marksmanship  familiarization  and 
qualification  practice  during  Inactive  duty  training  periods  will  effect 
combat  readiness . 
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a.  DATE 


FY  1995  MILITARY  CONSTRUCTION  PROJECT  DATA  p£g 


X  INST AOATION  AND  LOCATION 


A  PNOJECTTrrU 


VARIOUS  LOCATIOHS 


a  PNOORAM  ELEMENT  6.  CATEOOAY  CODE 

0505896A  N/A 


PLAMNING  AND  DESIGN 


7.  PROJECT  NUMBS!  X  PROJECT  COST  ($000) 


999995 


•.  COST  ESTIMATES 


1,000 


UA4  QUANTHY  UNIT  COST  ggJJ 


PRIMARY  FACILITY . 

CONCEPT  AND  FINAL  DESIGN. 

FUTURE  YEAR  PROJECTS . 

SUPPORTING  FACILITIES . 

SUBTOTAL . 

CONTINGENCY  (OX) . 

TOTAL  REQUEST . 


40.  DESCRIPTION  OF  PROPOSS)  CONSTRUCTION 

Items  provide  for  concept  and  final  design  of  construction  for  Army 
National  Guard  facilities. 


11.  REQUIREMENT i  Funds  requested  are  required  for  completing  the 
outstanding  final  design  of  Military  Construction  Army  National  Guard 
projects  programed  for  execution  during  FY  95  and  for  execution  of  the 
planned  designs  of  the  FY  96  program.  Funding  request  is  considered  to  be 
the  absolute  minimum  to  achieve  only  the  mandated  design  status  increment 
for  projects  programed  during  the  cited  fiscal  years.  Funding  for 
advanced  concept  design  of  critical  FY  95  projects  vlll  be  addressed 
vlthin  overall  program  constraints.  The  requested  funding  permits  the 
design  of  unspecified  or  undefined  minor  construction  projects  Intended  to 
be  executed  during  FY  95. 
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1  COMPONEM 
ARNG 


FY  1995  MILITARY  CONSTRUCTION  PROJECT  DATA 


2  DATE 


.3  1994 


3.  INSTALLATION  AND  LOCATION 

APPROPRIATE  ARMY  NATIONAL  GUARD 
INSTALLATIONS  AS  NECESSARY 


4  PROJECT  TITLE 


UNSPECIFIED  MINOR  CONSTRUCTION 


5.  PROGRAM  ELEMENT 

6  CATEGORY  CODE 

7  PROJECT  NUMBER 

8  PROJECT  COST  ($000) 

0505896A 

N/A 

999905 

5,  167 

9  COST  ESTIMATES 


ITEM 


U/M 


QUANTITV 


UNIT  COST 


COST 

($000) 


PRIMARY  FACILITY . 

MINOR  CONSTRUCTION  FACILITIES  UNSPECIFIED 

LOCATIONS . 

SUPPORTING  FACILITIES . 

SUBTOTAL . 

CONTINGENCY  (0%) . 

SUPERVISION,  INSPECTION  &  OVERHEAD  (2.00%). 

TOTAL  REQUEST . 

EQUIP  PROVIDED  FROM  OTHER  APPR . .NON  ADD. . . . 


5,060 
(5, 060) 

_ g 

5,060 

0 

107 
5, 16-7 
(  0) 


10.  DESCRIPTION  OF  PROPOSED  CONSTRUCTION 

Unspecified  minor  construction  projects  which  have  a  funded  cost  of 
$400,000  or  less,  including  construction,  alterations,  or  conversion  of 
permanent  or  temporary  facilities  or  land  acquisition  as  authorized. 

Air  Conditioning:  NONE _ 


11.  REQUIREMENT :  To  provide  funds  for  the  construction  of  projects  not 
otherwise  authorized  by  law  when  the  dollar  costs  are  less  than  $400,000. 
Such  requirements  are  the  result  of  recognized  facilities  shortfalls,  or 
unforeseen  conditions  resulting  from  changes  in  mission  and  equipment,  or 
to  correct  damage  caused  by  severe  weather  or  other  acts  of  nature.  Based 
on  prior  program  execution  experience,  the  dollar  costs  for  correcting 
these  identified  shortfalls  are  such  that  they  do  not  require  specific 
authorization  in  the  regular  Military  Construction  Program. 
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